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BILL NO. S-75-08- /9 

SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving a contract with L. B. FOSTER 
COMPANY for equipment in connection with Sherman 
Boulevard Underpass Modification Resolution 5689-1975 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 

WAYNE, INDIANA: 

SECTION 1. That the contract dated June 6, 1975, between the City 
of Fort Wayne, by and through its Mayor and the Board of Public Works and 
L. B. FOSTER COMPANY, for: 


568 

Creosoted Cross Ties 

$ 7,384.00 

1076 

Single shoulder tie plates 

1,614.00 

70 

Double shoulder tie plates 

105.00 

10 

Kegs Track spikes 

706.40 

54 prs. Spice bars, nuts, bolds & washers 

2,127.06 

4 

Weld kits 

103.40 

2230 

resew rail 

18,036.18 


Transportation Charges 

1,146.26 


TOTAL 

$31,222.30 


all as more particularly set forth on Purchase Order No. 3-30721, which is on 
file in the Office of the Board of Public Works and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, confirmed and 
approved. 


SECTION 2. 


This Ordinance shall be in full force and effect from 










Read the first time in full and on motion by seconded by 

and duly adopted, read the second time by title and referred 
to the Committee on - (an4^h«--64dnr-Pfm^ 

Commission~fo? r T^tnTimen4atimil^ ic Hearing to be heW-a4ter-xijie_lega_l notice. 


at th~e~~CtJiirrcTl ChambeTs^ City-Coimty m r Md ' inq, Fm "fc-4tevn&^J ndiana, on_ 
—-7~t97-rar- -- 


the d ay of 

o'cIo^-PtMttEtStT 
Date: 


hs- 


“tlTY CLERK 


Read the third time in full and on motion by_ 


seconded by and duly adopted, placed on its passage. 

Passed (cb8Sf) by the following vote: 

AYES/ NAYS. AB STAINED 


TOTAL VOTES 
BURNS 
HINGA 
KRAUS 
MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 
TALARICO 
DATE: 


3. [3 


ABSENT 

CD 


TQ-WIT 

□ 






CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 
as (Z(Special) (Appeoptiation) Ordinance 
(Resolution, No m the y^-^^d ay 197_^_ 

(SEAL) 



nwtCLERir 

> Presented ty me to the Mayor of the City of Fort Wayne, Indiana, on the W^-^ 



197 3 


“^^STDING OFFICER 

yne 

at the hour of 1 clock 




" "citToerk 

Approved and signed by me this d ay of _ 

_ o'clock ^ M. ,E,S.T» 


197 d> , 


at the hour of 
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Bill No. S-75-08-19 


REPORT 0? THE COMMITTEE ON PUBLIC V.QRLS 


2 , your Co mitts a on iPo11C UoT-CS _ to whoa was referred an Ordinance 

approving a contract with L. B. FOSTER COMPANY for grj.ppTPnt in connection 

with Sherman Boulevard Underpass Modification Resolution 5689-1975 


F 


have had said Ordinance under consideration and beg leave to report l?ack to the Go.-n.ron 



CONCURRED fr| 

DATE -CHARLES W. WESTERMAN, CITY CLERK 1 













































































CHANGE ORDER 


Resolution No. 5689-1975 
Board Order No. 56-^75 


Change Order No. ONE (1 ) 

Project No. _ 

Name of Projec t Sherman Boulevard Underpass Modification Dat e July 21. 19 75 

To; JOHN DEHNER, INC. ___ 

(Contractor) 

Gentlemen: 

You are hereby requested to comply'with the following changes from the contract plans 
and specifications: 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

31 

2± Each 

Billboard removal and replacement 

in like manner 

$840/EA 

$ 1,680.00 


35 

L.S. 

Materials paid by purchase order 

to L.B. Foster Co. 


31,222.30 




















Total Decrease 

Total Increase 

Net (Decrease) Contract Price 

32,902.30 




$32,902.30 



The sum of $_ 32,902.30 is hereby (deducted from) the total contract price 

and the final contract price shall be adjusted as fellows: 


Original Contract Price $ 397.665.99 

Current Contract Price Adjusted by Previous Change Order $ 

New Contract Price Including This Change Order $ 364,763.69 


The time provided for completion in the contract for this project is (unchanged) Qmmm&m*) 

b Y _ 0 calendar days due to this Change Order. The date for completion 

September 1, 1975 . Furthermore, this document shall become an 


of all work shall be 


amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: Q (omef 


Engineer) Date 


Accepted by: 


Approved by 
Approved by: 




(Contractor ) Date 


ZL ins' 




(City Engineer) Dat e 


23l 


(Owner ) Date 


Attested by:_ 


(Clerk ) Date_ 






















































Change Order No. (1) 


Resolution No. 5689-1975 
Board Order No. 56-74 
REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change:___ , -- 

ITEM #31: The owners of the two signs in question shall remove the signs. 

ITEM #35: The City, in order to expedite the project, issued a purchase 

order for these items. 


2. Will proposed change alter size of the project? Yes_ No_£ 

If yes, explain 


3. Affect on operation and maintenance cost of this project: 


NONE 



Engineer 




























DIGEST SHEET 


L 

TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Civil City Purchase Order 3-30721 issued to L. B. Foster 
Company in amount of $31,222.30 covers purchase of railroad ties and equipment 
needed in connection with the Sherman Blvd. Underpass Modification Resolution 
5689-1975. Said amount has been deleted from the contract by Change Order No, 1, 




In order to be assured of delivery of materials, the City deemed it advisable to 
secure the materials with a purchase order rather than take a chance of the con¬ 
tractor not being able to acquire them for this time limited job. 


Change Order showing contract reduction is attached. 


EFFECT OF PASSAGE Acquisition of materials needed on Sherman Underpass Modificati on. 


EFFECT OF NON-PASSAGE Extensive book work for contractor and City with added 
charge from contractor for running through their books. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) Cost approved in Prior Approv al 
of Dehner contract on project and is being paid from Street Bond Issue. 


ASSIGNED TO COMMITTEE V 





























